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PUBLIC WORKS, IRELAND. 



A RETURN of all the Public Money expended under the Direction of 
Mr. Nimmo, on Public Works in Ireland ; which of those Works have been 
completed, and which left in an unfinished state ; and oi all Piers built on 
the Coast, which of them now remaining in a state of perfection, and which 
in a dilapidated state. 



Ordered, by The Hotise of Commons, to be Printed, 
7 July 1830. 
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MONIES expended under the direction of Alexander Nimmo, Civil Engineer, for carrying- 
on certain Public Works in the Western District of Ireland. 



From 12 June 1822 to 5 January 1823 - 

5 January 1823 to 5 January 1824 
5 January 1824 to 5 January 1825 
5 January 1825 to 5 January 1826 



Deduct Treasury Fees - 

Netsum from His Majesty’s Treasury from June 1822 to Jan. 1826 



From 5 January 1826 to 5 January 1827 - 

5 January 1827 to 5 January 1828 - - - - 

5 January 1828 to 5 January 1829 - 

5 January 1829 to 5 January 1830 - 

Total sum from His Majesty’s Treasury between 5 January 1826 \ 
and 5 January 1830 ------ _f 





£. 


s. 


d. 


- 


25,500 


- 


_ 


- 


28,340 


- 


- 


- 


23,000 


- 


- 


" 


29,487 


13 


4 




106,307 


13 


4 




3 


13 


4 


£.1 


106,304 


- 






British. 




- 


27,229 


4 


6 


- 


10,199 


1 


6 


- 


1 2,999 


1 


6 


- 


10,699 


1 


6 


£. 


61,126 


9 


- 



ACCOUNT of the different Public Works in the Western District of Ireland, commenced 
under the direction of Alexander Nimmo, Civil Engineer, in the Summer of 1822. 



County of the Town of Galway: 



Road from Galway to Clare Galway 
Woodstock Road, near Galway 
Clonliffe Road - 
Road from Galway to Menlough 
Slate Pier, at Galway - 
Claddach Pier, at same - 
Galway market-house - 



County of Galway : 



Conamara Coast road, from Galway to Killery harbour 
Kilkerran road, from Kilkerran bay, to join Killery road - 
Road from Spiddle to Moycullen - ’ - 

from the Killeries to Cong - - - 

from Headfort to Galway . 
from Oughterard to Clifden - 
Central Conamara road _____ 

Road from Kinvara to Kilcolgan - 
Crushua road - - _ _ _ 



Road from Creggs to Galway _ 

from Kiliagh to Kilconnel - 

from Keeloges to Newforrest ... 
Castlekclly road 

Road from Tullynadaly to Beagh - _ . 

from Tuam to Galway - 
from Tuam to Clontoo . 

fiom Coast road through Roundstone to B unown 
■ ■ to Costello pier - 
- - - - to Greatman’s bay, ditto 
Blinder Hill' : t0 “ err ^v« ditto - - 

Ironpool Turlough road 
Ballinderry bridge - 



completed. 

ditto. 

ditto. 

ditto. 

ditto. 

ditto. 

ditto. 



in progress, 
ditto. 

completed. 

ditto. 

ditto. 

in progress, 
ditto. 

completed. 

ditto. 

unfinished. 

completed. 

unfinished. 

completed. 

ditto. 

ditto. 

ditto. 

in progress. 

unfinished. 

ditto. 

completed. 

ditto. 

ditto. 

ditto. 
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County of Galway — continued. 

Corofin quay and cut - - - - - 

Sewer at Tuarn ------ 

Annadown and Oldbury piers in Lough Corrib - 

Ferry of Knock piers and road, ditto 

Leenane quay - 

Derryinver ditto - - - - 

Cloonisle ditto - - - - - 

Greatman’s bay, ditto - 

Clifden Doobeg, ditto - 

! Clifden fishery pier - 

Cleggan, ditto - 
Roundstone ditto - - 

Costello ditto - - - 

Barna ditto ------ 

Bunin ditto - 



County of Mayo : 

Road from Westport to Killery harbour - 
Ballintobber road - - - - - 

Bandurra bridge -------- 

Road from Hollymount to Claremorris and Ballyhaunis 
from Ballinrobe to Hollymount . - - 

from Westport to Claremorris (Ballyglass) 
from Newport to Achil Head - 
Bridge of Annies -------- 

Erris road and its branches ------ 

River Moy navigation works and roads - - - - 

Road from Killala to Ballina, Foxford and Swineford 

from Ballina to Moyne - - - - 

Castle Connor ferry road ------ 

Road from Bonnyconlon to Swineford - 

Killala pier, and road to same ------ 

Kilnacarra bridge -------- 

Road from Killala to Broadhaven - 

from Bangor to Tulloghan bay - - - - 

from ditto to Ballyveeny and Newport - - - 



unfinished. 

completed. 

ditto. 

ditto. 

ditto. 

ditto. 

ditto. 

unfinished. 

completed. 

unfinished. 

completed. 

ditto. 

ditto. 

unfinished. 

completed. 



in progress, 
completed, 
ditto. 

unfinished. 

completed. 

ditto. 

ditto. 

ditto. 

ditto. 

unfinished. 

completed. 

ditto. 

ditto. 

unfinished. 

completed. 

ditto. 

in progress, 
unfinished, 
ditto. 



County of Sligo : 

Sligo committee roads - - - - 

Ditto - - - harbour - 
Cartron road and wall - 
Raughly pier - 

Ballyfarnon road - - - - 

DrumclifFe ditto - - - - - 

Gortlownane ditto - 

Circuit or Templehouse ditto - - - 

Road from Bonnyconlan to Pullagheeny pier 
Geevah colliery road - - - 



completed. 

unfinished. 

completed. 

ditto. 

ditto. 

ditto. 

ditto. 

ditto. 

ditto. 

ditto. 



County of Roscommon: 

Road from Castlerea to Ballymoc - - 

Boyle new entrance ------ 

Road from Boyle to Tarmonbarry and Slicvebawn 
from Carrick-on-Shannon to French park 
from the Arigna iron works to Mount Allen 
Mount Allen road to Keadue - 



County of Leitrim : 

Dromahair colliery road -------- 

Road from Cloone to M ohil ------- 

from Ballinamore to Belturbet - 

None of the piers arc in a dilapidated state. 



completed. 

ditto. 

ditto. 

ditto. 

ditto. 

ditto. 



in progress, 
completed, 
ditto. 



June 18th, 1830. 



Alexander Nimmo. 
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FISHERIES OF IRELAND. 

AN ACCOUNT of all the Piers built, repaired, improved, or in progress of building on 
the Coast of Ireland, under the direction of the Commissioners of the Irish Fisheries- 
distinguishing those which remain in a perfect state, those which have sustained dilapi' 
dations, and those which are in progress of building. 



ABSTRACT. 

Complete, and in a state of perfection - - - - - _ _ ni 

Injured after being completed - r 

Unfinished, and remaining so - _ 

In progress, and being executed by contract - - - - _ _ ,g 

Total - - 61 



DETAIL. 



COUNTIES AND SITES. 



PRESENT STATE. 



Sliqo : 

Poulaheeny - - This work was never finished from want of sufficient funds. It remains 
in an unfinished state. 

Raughley - - - This work is in progress of completion, and executing by contract. 



Mayo : 



Achill - . - - 

Belmullet - - 
Bundurra - - 
Ennisturk 

Killala - - 

Old Castle - 
Old Head - 
Saleen * - - 
Tarmon . - - 



- This pier has sustained some injury since its completion, and continues 

in an injured state. 

- This pier is completed, and continues in a perfect state. 

- This pier is completed, and continues in a perfect state. 

- This pier has sustained much injury since its erection, and continues in 

an injured state. 

- This work was a small extension to the original quay, and is available 

as a landing place. 

- This work is completed, and continues in a perfect state. 

- This pier is completed, and continues in a perfect state. 

- This work is completed, and continues in a perfect state. 

- This work is completed, and continues in a perfect state. 



Gai.way -. 



Ballinacaurty 

Barna - - - 

Cleggan - - 

Claddagh- 
Clifden - - 

Costello - - 

Durass - - 
Killaney - - 
New Harbour 
Roundstone - 
St. Kitts - - 
Spiddle - - 

Clare : 



- This pier has sustained some injury since its completion, and is now 

in that state. 

- This work was never finished from want of sufficient funds. It remains 

unfinished state. 

- This pier was never finished from want of sufficient funds. It remains in 

that state. 

- This pier is in progress of building, and executing by contract. 

- This pier was never finished by the contractor, but a very useful portion 

of it is executed, and in a good state. 

- This pier was completed, but will require some further aid to secure part 

of the original work. 

- This pier is completed, and continues in a perfect state. 

- This pier is completed, and continues in a perfect state. 

- This pier is completed, and continues in a perfect state. 

- This pier is completed, and continues in a perfect state. 

- This pier is completed, and continues in a perfect state. 

- This pier has sustained some dilapidations since its erection, and re- 

mains in that state. 



Burrin New Quay This pier is completed, and continues in a perfect state, 

Carrigaholt - - This pier is completed, and continues in a perfect state. 

" m, ■ P' er ' s completed, and continues in a perfect state. 

mu- s W0| k I s * n progress ot building, and executing by contract. 

" J, - 1S W0l k I s .completed, and continues in a perfect state. 

" W01 H 'V'l progress of building, and executing by contract. 
- lhis pier is finished, and remains in a good state. 



Dunbeg 

Kilrush 

Kilbaha 

Liscannor 

Seaficld 
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COUNTIES AND SITES. 



PRESENT STATE. 



Kerry : 
Ballinskelligs 
Barra - - - 

Brandon - - 
Cahirsiveen - 
Dingle - - 

Kenmare - - 
Renard Point 
Valentia - - 



- This pier is finished, and remains in a good state. 

- This work was never finished, the site being ultimately considered as in- 

eligible by the Commissioners. 

- This pier is completed, and remains in a perfect state. 

- This pier is finished, and remains in pretty good repair. 

- This extension of the original pier is completed, and continues in a 

perfect state. . 

- This pier is in progress of building, and executing by contract. 

- This pier is in progress, and executing by contract. 

- Tliis pier is completed, and continues in a perfect state. 



Cork : 
Baltimore 
Castletown - 
Cape Clear 
Clonakilty 
Courtmacsherry 

Coolagh - - 
Glandore - - 
Laurence Cove 



- This pier is completed, and continues in a perfect state. 

- This pier is completed, and continues in a good state. 

- This pier is in progress of building, and executing by contract. 

- This pier is finished, and continues in a perfect state. 

- This extension of the original pier is completed, and continues 

perfect state. 

- This pier is finished, and continues in a perfect state. 

- This pier is completed, and continues in a perfect state. 

- This pier is in progress of building, and executing by contract. 



in a 



Waterford : 

Wyse’s Point - A contract has been entered into for this proposed work, which is about 
to commence. 

Wexford : 

Artliurstown - - This pier is in progress of building, and executing by contract. 



Dublin : 

Balbriggan 
Lambay - - 



- This pier is completed, and continues in a perfect state. 

- This pier is in progress of building, and executing by contract. 



Louth : 

Clogher Head - This work is completed, and continues in a perfect state. 



Down : 

Kimmer’s Port 
Newcastle 



- This work is in progress of building, and executing by contract. 

- This extension of tile original pier is in progress, and executing by 
contract. 



Antrim : 

Carrickfergus 

Cushindun 

Port Ballintrae 

Portmuck - - 



. This pier is in progress of building, and executing by contract 
■ The proposed works at this place have not commenced, but a contiact 

has been entered into for their execution. , , Tf 

This work was never finished from want of sufficient funds. It ie- 
mains in an unfinished state. 

- This pier is completed, and continues in a perfect state. 



Don egal 

Doaghbeg 
Greencastle - 
Portnoe - - 
Portmore - - 



s work is completed, and continues in a perfect state, 
is pier is in progress of building, and executing by contract, 
is pier is in progress of building, and executing by contract, 
s-pier is in progress of building, and executing by contract. 



Irish Fishery Office, "1 
•24th June 1830. J 



II. Townsend. 
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